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BILL NO. S-90-08- S 


SPECIAL ORDINANCE NO. S- —/ ul - 72 


AN ORDINANCE approving Change Order No. 
#1, RES. #6152-90, SOUTH CALHOUN STREET 
RESURFACING with WAYNE ASPHALT in 
connection with the Board of Public 
Works and Safety of the City of Fort 
Wayne, Indiana. 

NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 

SECTION 1. That Change Order No. #1, RES. #6152-90, 
SOUTH CALHOUN STREET RESURFACING with WAYNE ASPHALT in 
connection with the Board of Public Works and Safety, for: 

street resurfacing due to conflicts with 

locations of existing utilities in 

street where new storm lines are to be 

installed. Contractor forced to 

redesign the drainage which resulted in 

an increase of the contract cost. Also, 

to add the Items of New Inlet 48", Coit 

Project Signs and temporary yellow 

pavement markings to the contract; 
involving a net increase of One Thousand Five Hundred 
Fourteen and 17/100 Dollars ($1,514.17), all as more 
particularly set forth in the specifications, and which is 
on file with the Office of the Board of Public Works and 
Safety and is by reference incorporated herein, made a part 
hereof, and is hereby in all things ratified, confirmed and 
approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all 





APPROVED AS TO FORM 
AND LEGALITY 





Bg Be 
Jd. Timot McCaula 





CHANGE ORDER 


Change Order No. Eb 


3 Resolution No. 152-90 

Project No. " Board Order No. 15-90 

Name of Project South Calhoun Street Resurfacing Date 7-25-90 
Soora vocuoum otreet Resurfacing ue = 2 


To: Wayne Asphalt 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 









Change in Contract Price 
Decrease 


Description of Change 
Unit Price 





Total Decrease $6,645.39 





Total Increase 





$8,159.56 


Net (SEXXXEX&) (Increase) Contract Price $1,514.17 


The sum of $ 1,514.17 is hereby (added to) (xiexiuxxberkxiommx) the total contract 
price, and the final contract price shall be adjusted as follows: 


Original Contract Price $ 79,263.50 
Current Contract Price Adjusted by Previous Change Order $ 


New Contract Price Including this Change Order $ 80,777.67 


The time provided for completion in the contract for this project is (unchanged) ( xXNaKaxxact) 
(ZXXXEXXEH) by calendar days due to this Change Order. The date for completion 


of all work shall be same . Furthermore, this document shall become an 
amendment to the contract.and all provisions of the contract shall apply hereto. 
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Date 





Attested by: E. a ae Date mE 72 
CITIGWERE nt a O TRE ay OR T e CET ge 


Read the first time in full and on motion EE cult 
seconded by 3 r , and du , read tne seconc time b 


title and referred to the Committee on 
City Plan Commission for reccmmendation) and 
due legal notice, at the Council Conference Ro 
Fort Wayne, Indiana, on 


" day 
of a19 j at f OUcTIDc nits peed 
DATED: f — eo : 
^ i. SANDRA E. KENNEDY, CITY CLER 
I 
i 
Read the thizd-time imyfull and on motion by j 
seconded by ; and duly adoptedY placed on its 
passage. PASSED "x by the following vote: ; : 


a AES ANS ABSTAINED ABSENT 

























SCHMIDT 


TALARICO 


DATED: ff -2F-d VAR d 


SANDRA E. KENNEDY, 


TOTAL VOTES y * / / 
BRADBURY L— : 
BURNS em 
EDMONDS... t 
GiaQUINTA de ur 
HENRY Lo 
LONG is 
REDD a. x 

TUE RENE =k TEN 

on 








CITY “CLERK 


Passed and adopted by the Common Council of the City of Fort 





Wayne, 
Indiana, as ¢ ) 
(SPECIAL) (GONENG MAP) ORDINANCE RESOLUTION: NO.. ERA ef= 7C 


on the ez day of rr dA ; oe ur 


f A A ye pi ix 


Se NBN 
SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 





Presented by me to. the Mayor of the City of Fort Wayne, Indiana, on 


the QI A day of: A , 19 5 


at the hour of Jf. 00 o'clock zs Ms, BS. Th 


SANDRA E. KENNEDY, 
Approved and signed by me this Sls day of 


19 Qo , at the hour of 3:30 o'clo SMe, Eas ets 









PAUL HELMKE, MAYOR 





Admn. Appr. 


TITLE OF ORDINANCE: Change Order #1, Res. #6152-90, South Calhoun 
Street Resurfacing 


DEPARTMENT REQUESTING ORDINANCE: Board of Publio Works & Safety 


SYNOPIS OF ORDINANCE: Change Order #1, Res. #6152-90, South Calhoun 
Street Resurfacing, is due to conflicts with locations of existing 
utilities in street where new storm lines to be installed. We were 
forced to redesign the drainage which resulted in an increase of the 
contract cost. Also, to add the Items of New Inlet 48", Coit Project 
Signs and temporary yellow pvmt. markings to the contract. Wayne 
Asphalt is the contractor. 


EFFECT OF PASSAGE: Restoration of Water Maintenance Utility Cuts 


EFFECT OF NON PASSAGE: ee 2^ 2-2. 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $1,514.17 


ASSIGNED TO COMMITTEE: 


BILL No.  9-90-08-22 


REPORT OF THE COMMITTEE ON CITY UTILITIES 
PAUL M. BURNS, CHAIRMAN 
MARK E. GiaQUINTA, VICE CHAIRMAN: 
HENRY, LONG, TALARICO 








WE, YOUR COMMITTEE ON CITH UTILITIES TO WHOM WAS 
REFERRED AN (ORDINANCE) (RESQIKTINNI approving Change Order 


SERALT i: TE Boa : 























HAVE HAD SAID (ORDINANCE) (RESODUDDON)X UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 
(ORDINANCE) (RESOLDUCDON? mno — 


Do PASE 


DO BASS  //, Va DO NOT PASS ABSTAIN NO REC 
Zi ur AE 















La. 
mw. AO PA 
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DATED: §28 TAO 


Sandra E. Kennedy 
City Clerk 


